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oiJt, 

I N my Report of last year *, I mentioned that the Southern District, which 
His Excellency the Lord Lieutenant did me the honour to commit to my care, 
comprehended the counties of Limerick, Cork, and Kerry ; and, that it was 
bounded on the north by the river Shannon and the Keeper Mountains ; on the east 
by the counties of Tipperary and Waterford ; and on the south and west by the 
Atlantic Ocean. 

I also stated, that the district exhibits great variety in its internal aspect, in its 
mineral productions, and, consequently, in the nature of its soil ; that the eastern 
part of the county of Limerick, the northern part of the county of Cork, and the 
north-western part of the county of Kerry, are composed of limestone, covered by 
rich and fruitful soil ; and that, interposed between these limestone and fertile plains, 
there is a wild, neglected, and deserted country, without roads, culture, or civiliza- 
tion, and which extends in a southern direction, without interruption, from the river 
Shannon, in the county of Limerick, to the river Blackwater, in the county of Cork ; 
and contains altogether 970 square miles British statute measure, which are equal 
to 620,800 statute acres. 

This tract of country is hilly, but not mountainous j the soil is wet and clayey ; 
and the strata of which it is composed, consist of coal, and the rocks which usually 
accompany that substance : it chiefly belongs to absentee proprietors ; and being for 
the most part nearly inaccessible, has hitherto afforded an asylum for outlaws and 
culprits of every description. 

Under the orders of His Excellency the Lord Lieutenant, my exertions have been 
mainly directed towards the improvement of this part of the district ; and at the 
present moment I am carrying on several new lines of road, amounting together to 
56 Irish, or 70 British, statute miles, in different directions through it : on some of 
these roads considerable progress has already been made. 



Listowel and Newmarket Road. 

The most important of these roads, which is 25 Irish, or nearly 32 British, 
statute miles in length, traverses the unimproved district from north-west to south- 
east, and connects the town of Listowel and the northern parts of the county of 
Kerry with Newmarket, in the county of Cork, from whence there are at present 
good roads, though somewhat circuitous, to the city of Cork. 
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* N* I. Papers on the Employment of the Poor in Ireland ; ordered to be printed 
lG April 1823 ; N" 249. 
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By the new line of road, the distance between Listowel and. the city of Cork 
will be 2q miles less than by the present road, which passes through the towns of 
Tralee, Killarney and Macroom. 

For the first 1 6 miles, namely, from Newmarket to the junction with the Castle 
Island Road, the new line is in a very forward state ; the greater part having been 
drained, formed and fenced several of the small bridges, and a great number of 
the gullets or waterpipes, have been built ; and a considerable portion of the stones 
requisite for the large bridges, and also for stoning or metalling the road, have been 
quarried. 

The remaining nine miles, between the Castle Island Road and Listowel, are only 
just commenced. This part of the road was not mentioned in my former Report ; 
as, when it was written, the exact line in which the road was to be carried had not 
be6n determined on It passes through the mountainous, and hitherto inaccessible 
part of the parish of Duagh, in the county of Kerry, and crosses the Oubeg and 
Smirla Rivers. When completed, it will tend in a great measure to civilize the 
inhabitants of a wild and extensive district, who have hitherto been literally 
hemmed in between the rivers above mentioned, neither of which are fordable in wet 
weather. 



Castle Island and Newcastle Road. 

This line of road traverses the unimproved district from south-west to north-east, 
and nearly at right angles to that from Listowel to Newmarket. The entire length 
of this road will be 20 Irish, or 25^ statute miles ; and, when completed, it will 
diminish the distance from Killarney and the southern part of the county of Kerry 
to the city of Limerick, 23 Irish, or 29 \ statute miles. 

In laying out this road considerable difficulties were to be contended with, both 
at its commencement near the town of Castle Island, and its termination near 
Newcastle. Close to Castle Island, situated in the limestone valley of the county of 
Kerry, the hill country rises at a very steep angle, forming a ridge nearly 700 feet 
in elevation at Glansharoon Hill, which is the lowest pass, and which it was neces- 
sary to ascend in conducting a road towards Newcastle. The present road by Glan- 
sharoon Pass, in many parts, rises at an inclination of one foot in seven feet ; that 
which I have laid out at one in 27 On reaching the summit, the new road 
descends very gradually to the valley of the river Feale, which will be crossed by 
a bridge, consisting of one semi-eliptical arch, 70 feet in span*. The old bridge, 
long since carried away by the impetuous floods of this mountain torrent, had 2 1 
arches ; but, as usual, the bridge was built on a gravel bank, without any foundation, 
and, in consequence, some of the arches were annually undermined and broken 
down. 

The line of road from the river Feale to the summit of Barna Hill, the eastern 
boundary of the mountain country, is very favourable ; from this point to the base 
of the declivity, towards Newcastle, the. descent into the flat limestone country will 
be accomplished at an inclination of 1 foot in 30 ; while, in many parts, the 
present road descends at the rate of one foot in four. 

Considerable progress has already been made on this road, and the greater part 
of the first 10 miles, from Castle Island towards Abbeyfeale, has been drained, 
formed and fenced ; and a large portion of the rough stones required for the bridges 
has been quarried. 

New Road from Newmarket to Charleville. 

This road, the first that was commenced to open the moory mountain country, ex- 
tends from Newmarket towards Charleville, and passes through a boggy tract, hitherto 
nearly inaccessible. It is 1 1 Irish, or 14 British, statute miles in length, and is nearly 
completed ; about seven miles are entirely finished, and the remainder is in a very 
forward state : I expect that the whole will be open for the public by the month of 
July or August next. 

The above mentioned are the only roads at present in progress through the moun- 
tain district, situated between the rivers Shannon and Black water. In my Report 
of last year, three other roads were proposed to be executed under the Act of 
1 Geo. IV. c. 81, by which one half of the expense would be raised by Grand 



* The river Feale, in this part, forms the boundary between the counties of Limerick and Kerry ; 
and in aid of the Government grant, the Grand Jury of each of these counties presented a sum of 
44y /. 15s. to d. at the last summer assizes, to erect this bridge. 

Jury 
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Jury presentment in the usual manner, and the other defrayed by the public, under 
the provisions of that Act. These roads are : — 

1st. — Road from Newmarket, in the county of Cork, to Castle Island, in the 
county of Kerry ; length of new road - 14 miles. 

2d. — Road from Ardagh, in the county of Limerick, to Listowel 
in the county of Kerry ; length of new road - - - -10 

3d. — Road from the village of Cooleclougli, in the county of Cork, 
to the head of the old navigation, near Mallow ; length of new 
road required is- - - *?. - - - - 5 

29 



The benefits to be derived from those proposed roads are explained in my last 
Report. However, I would again strongly recommend the utility of carrying them 
into execution to His Excellency’s consideration, particularly the latter, which would 
greatly facilitate the transport of coal from the collieries situated on the north bank 
of the river Blackwater, and give an additional stimulus to the reviving industry of 
the country, by reducing the price of the only fuel used by farmers in burning lime 
for agricultural purposes. 



Of the Roads at present in process through the Slate Mountains, situated 
between the River Blackwater and the Southern Coast of the counties of 
Cork and Kerry. 

In this part of the district one new road has been completed, and five new roads 



are at present in operation under my direction ; viz. 

1st. — Road from Macroom, in the county of Cork, to Glenflesk, Irish. British. 

in the county of Kerry - - - - - - -14 or 17 miles. 

2d. — Road from Skibbereen to Crookhaven - - - -18 or 23 

3d. — New entrance into town of Bandon - - - - l or 1 1/ 

4th. — Road from Clonakilty, in the county of Cork, to the new 

fishery pier near Ring - - - - - - - 2 or 2 2/ 

5th. — Road from Timoleague, along the sea shore to Court - 

massherry - - - ■ 3 or 3 3/ 

6th. — New Road from Bantry to Skibbereen, part at present 

in operation - - - - - - - - - 4 or 51/ 



42 or 53 1/ 



1. — Road from Macroom, in the county of Cork, to Glenflesk, 
in the county of Kerry. 

The object of this road is to shorten the line of communication between the 
southern part of the county of Kerry and the city of Cork. By the present road 
the distance between Kenmare and Cork is 64 miles ; by the new one it will be but 
45 miles ; consequently, between these points there will be a saving in distance 
of 19 miles. By means of this new road the distance between the city of Cork 
and Killarney will also be lessened five miles. 

Considerable progress has already been made on this road ; and if the weather 
be favourable, I expect it will be nearly completed by the end of next autumn. 

2 . — Road from Skibbereen to the Harbour of Crookhaven. 

The situation and importance of this public road have already been described in 
my former Report. At present I shall only observe, that wherever it has been com- 
pleted wheel carriages, hitherto unknown, are rapidly making their appearance ; and 
I have no doubt that, in a few years, they will become universal, to the exclusion 
of the present system of carrying loads on the backs of horses. 

With the exception of some of the bridges, upwards of 10 miles of this road are 
now nearly finished ; and I expect that the whole will be in a very forward state 
before the termination of the present year. 

This road, when completed, will open an excellent and level line of communica- 
tion between Crookhaven and Skibbereen. The old mountain path, it does not 
deserve the name of road, presents an endless succession of very steep hills, on 
several of which the ascent varies from a rise of 1 foot in 3 to 1 foot in 5. 

352 . 
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3. — New Entrance into the Town of Bandon. 

The object of this road is to avoid a very steep and an inconvenient hill close 
to the northern entrance into the town of Bandon. It is now nearly completed, 
and the expense has been defrayed jointly by his Grace the Duke of Devonshire 
and the Public. 

4 .—Road jrom Clonakilty to the New Fishery Pier at Ring. 

This road, which skirts along the edge of the eastern shore of Clonakilty 
harboui-, was commenced during the period of distress in the summer of the year 
1822, and continued last year, at an expense of 200/. The quay walls, which 
protect the road from the sea, are now complete; and the whole platform has been 
finished, but is not yet covered with broken stone. 

This road will be very useful. It opens a direct and easy communication 
between the town and new pier, and offers great facility for landing calcareous sea- 
sand, so much used for manure in reclaiming the mountain lands of the surrounding 
country. 

5 . — Road jrom Timoleague to Courtmassherry. 

This road is similarly circumstanced with the foregoing ; and was also com- 
menced in the summer of 1822 ; it has since been continued under my direction, 
but is not yet completed. 

6 . — New Road jrom Bantry to Skibbereen. 

This road is intended to open a new line of communication between the towns of 
Bantry and Skibbereen, the present road being very hilly and circuitous. 

Considerable progress has been made on four miles of the new part nearest to 
Bantry ; and six miles remain to be commenced. 

The foregoing comprehends an account of all the roads at present in operation in 
the Southern District, which have been commenced at the public expense, under my 
direction. The entire length, when added together, is considerable ; it amounts to 
98 Irish, or nearly 1 24 § British, statute miles. 

In forming my arrangements previous to the commencement of the works, I en- 
deavoured to adopt the system which I conceived to be best suited to the peculiar 
character of the people I had to employ, and to the wretched and desponding state 
to which they had been reduced by the effects of the Whiteboy warfare of the winter 
of 1821, (in which they were all engaged,) and the dreadful famine of the spring 
and summer of 1822. ..... 

I found that the character of road-makers did not stand high in the opinion 
of the people, who, apparently judging from past experience, and tearing injustice 
and oppression, regarded our operations with distrust, and attempted to circumvent 
my plans by every means in their power. 

The people wished to be employed by the day, and to do as little work as possi- 
ble ; my object was to employ them by the piece, and pay for every thing by 
measurement. The plan which I finally adopted, and which has since proved most 
efficacious and satisfactory, is as follows : 

On opening a new work, I divide it into a great number of small lots, to each 
of which I appoint 1 o or 12 men, one of whom is selected as director, and is called 
“ The Gauger.” The work is then let by contract to these labourers, at a certain 
rate by the perch for fences, and so much per cubic yard for the excavations of 
earth or rock that may be necessary to form the road : of course the prices vary 
according to circumstances. The gauger regulates the men ; is responsible for the 
tools with which I supply them, and keeps the accounts of his gang; and for this 
duty, in addition to his own share as a workman, he receives one shilling in 
the pound. The works are all measured and paid for once in every month. 

Where persons, who can read and write and keep accounts, are found among the 
occupants of the land through which the road passes, the gaugers are always selected 
from them ; and when suitable persons cannot be found, which happened only in 
a few cases, the gauger is selected from the adjoining lands. 

Without special permission, no person is allowed to be employed in any gang 
who resides more than one mile distant from either side of the road ; and in 
every instance but one, so populous is the country, numbers residing within that 
limit applied for work, to whom immediate employment could not be given ; and, in 

consequence, 
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consequence, I have been frequently obliged to change the gang, that each man 
might have his turn of employment. 

The adoption of the above system, which has never been broken through, has 
prevented outlaws and strangers of bad character from gaining admission into the 
work, and poisoning the minds of the people ; who, though unaccustomed to regu- 
lar exertion, prefer employment when accompanied with the prospect of a reasonable 
remuneration, to unproductive idleness. 

In commencing public works amongst a people of wild and turbulent habits, and 
in a country where there was no resident magistrate or gentleman * within i o or 
1 5 miles of the place of my operations, great caution and firmness, united to good 
temper, were requisite. The people could not calculate their earnings, and, having 
no confidence .in our justice, frequently threw up their work at the end of a week 
or fortnight. By degrees, however, we began to understand each other better ; 
and the labourers finding that when they worked fairly, they earned good wages, 
and being regularly paid, became more docile and industrious : and in those places 
where the employment has been continued for several months together, the workmen 
became so expert as nearly to double their former earnings. On the whole, I must 
say, that when treated with steadiness and justice, no people are more easily 
managed than these mountaineers. They are naturally a fine people ; but they have 
been frequently oppressed by their immediate landlords j\ They are grossly igno- 
rant and strongly prejudiced : if educated and employed, they would soon become 
good and peaceable subjects. 

The partial employment afforded by the works carried on under my direction, 
has had a most decidedly beneficial effect on the tranquillity of the surrounding 
country, which had previously been the most disturbed in the south of Ireland ; 
and I am happy in being enabled to state, that from the month of September 1822, 
when the works commenced, till the present moment, there has been but one instance 
of outrage in this part of the country, and that arose out of a private quarrel among 
persons of the lowest description. 

I entertain some expectations that the method of draining, forming, fencing and 
stoning the new roads, introduced by me, will cause a considerable improvement in 
the system of road-making throughout my district. Gentlemen of the first respec- 
tability and influence in the country frequently visit the works ; when there, the 
most perfect unreserve is shown them by myself and assistants ; and the prices paid 
for every kind of work, and the reasons for adopting particular forms of road, slopes 
of banks, batter of retaining walls, deep foundations for bridgest, &c. are freely 
communicated to them. 

The necessity of appointing a responsible person to report on the propriety of 
all presentment works of a certain class, to estimate the expense, specify the par- 
ticular manner in which the work is to be executed, and the materials which are to 
be used, and afterwards to report on the execution of the work, and be answerable 
for his report, is now admitted on all hands. At present, important works, par- 
ticularly bridges, are frequently refused by Grand Juries, from a feeling that they 
will be imperfectly executed ; and in proportion to the knowledge on these subjects, 
which conscientious men have acquired, the more adverse they become to granting 
presentments to ignorant people. 



Of the proposed Roads through the Mountainous District, to the south of the 
River Blackwater, which have not yet received His Excellency’s approbation. 

I.v my Report of last year, I mentioned the whole of the roads and other works 
which I then thought it would be advisable to execute under the Act of 1 Geo. IV. 



* This observation is peculiarly applicable to the line of country between the rivers Shannon and 
Blackwater. . 

+ In many cases there are six intermediate persons between the proprietor of the soil and the occu- 
pying tenant ; each of whom derives a profit out of the lands. 

Jin the southern counties of Ireland, retaining walls for roads were never battered or sloped on 
the outside, and rarely commenced of sufficient thickness at the foundation to admit of their being 
gradually lessened from the interior by off-sets towards the top ; hence, they are constantly yielding 
outwards, being unable to support the pressure of the embankment. In building bridges, deep foun- 
dations were never thought of, as the mason working under Grand Jury presentments considered 
only the superstructure which meets the eye, and had no objection to his bridge being carried away 
the next flood, as such catastrophes, which are frequent, create more work. Even in mountain 
countries, bridges are usually founded on rounded stones, which form the bed of the stream, above 
which an imperfect pavement is placed, which is intended to serve as an artificial foundation; this 
soou gives way, and, of course the bridge, which may be said to be built on castors, follows it. 

r r , 2. B 
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c. 8 1 ; according to which, One half the expense would be borne by the counties in 
which they occur, and the other supplied out of the sum of 250,000 /. granted by 
Parliament for that purpose. 

On the present occasion, I shall only recur to two of these roads, as being the most 
necessary and directly useful ; namely, 

1st. — Road from Newmarket to Cork, through the Bogra Mountains. 

2d. — New road across the mountain ridge which separates Bantry Bay from the 
river Kenmare. 

Bogra Road. 

The Bogra Mountains, situated immediately to the south of the river Blackwater, 
extend in an east and west direction from the town of Millstreet nearly to the town 
of Mallow, a distance of 1 8 miles. At present there is no communication in 
a southernly direction through these mountains, and in consequence the inhabitants, 
in proceeding to Cork with their produce, are obliged to go round either by Mill- 
street or Mallow : a direct road to Cork through these mountains is therefore very 
desirable. 

In the month of May last, in consequence of a reference made to me by order of 
His Excellency the Lord Lieutenant, I examined with great care the passes through 
the Bogra Mountains, in which roads of easy ascent and descent might be carried. 
Two lines presented themselves, either of which would have answered the desired 
end, but I gave the preference to that which passed the greatest length through the 
mountains, as well for its being the best and easiest line, as from the effect it would 
produce on the inhabitants of a neglected tract, at present inaccessible to horsemen, 
except in dry weather, and which in all times of disturbance has been a notorious 
asylum for culprits of every description. 

In addition to the above important object, the proposed road would open a more 
direct communication between the city of Cork and Newmarket, the present termi- 
nation of the Listowel, Abbeyfeale and Newcastle roads, now in operation. It would 
also afford an easy and very useful communication between the low country in the 
valley of the river Lee, and the extensive turf bogs of the Bogra Mountains ; from 
whence, at this moment, the wretched inhabitants are obliged to transport their fuel 
down rugged paths, either on their own backs or on the backs of small horses. 

The length of the proposed road is 2 1 \ Irish miles, and, according to an estimate 
made with great care, the expense will amount to 9,860/. one half of which, it is pro- 
posed, will be raised by Grand Jury presentment in the usual manner, and the remain- 
der granted from the Consolidated Fund, under the Act of 1 Geo. IV. c. 81 *. 

Road from Banlry to Kenmare . 

The bay of Bantry, in the county of Cork, and the great sea Estuary, known by 
the name of the river Kenmare, in the county of Kerry, are separated from each 
other by a mountain ridge of considerable elevation, over which no road passable 
for wheel-carriages has hitherto been made. 

In examining the country between Kenmare and Bantry, during the last summer, 
I discovered a very favourable line for a new road between those points, which 
I should strongly recommend to His Excellency’s consideration. 

If this road were opened, it would not only benefit the country in its immediate 
vicinity, but would complete a direct and most important line of communication 
between the river Shannon at Tarbert, and the south coast of the county of Cork, 
near Skibbereen, a distance of 84 miles. 

In the event of a maritime war, this road would be found very useful to the 
public service. It runs very nearly parallel to, and is never very distant from, the 
sea coast ; and pisses through the towns of Tarbert, Listowel, Tralee, Killarney, 
Kenmare, Bantry, and Skibbereen. 

I have the honour to be, 

&c. &c. &c. 

(signed) RICHARD GRIFFITH. 



* Since this Report was written, the road through the Bogra Mountains has received the appro- 
bation of Ilis Excellency the Lord Lieutenant. 
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GENERAL STATEMENT OF PUBLIC ACCOUNTS, 
For 1823. 



Southern District. 

STATEMENT OF CASH Received by Richard Griffith, Civil Engineer, on account of the Public Works in the 
Southern District, between the 1st January and 31st December 1823. 



2,332 

3,odo 

4,000 

4,000 

4,000 

4,000 



C'. 

1823: BALANCE in hand on 31st December 1822 

March 29. Received frOrh the Treasury ..... 

June 5. - D° - - - D° 

August 16. - D° - - - D* - - - - 

October 9. - D* - - - D° 

December 23. - D* - - - D° 

April 1. Received from Peter Thompson, esq. Treasurer of the county of 
Kerry, on account of money advanced for Presentment Works 
in the county of Kerry, during the summer of the year 1822 - 
July 8. Received from Robert De la Cour, esq. Treasurer of the county 
of Cork, on account of money advanced for Presentment 
Works in the county of Cork, during the summer of the year 
1822 - - - - - - ' - 



I Received from the Treasury, for the purpose of opening the new western entrance 
into the city of Cork - - - - . . . 

Total Received 



2,988 2 9 J 
5,000 - - 
£. I 29,320 3 6 1 



D r . 

Newmarket Office. 

GENERAL ABSTRACT OF PAYMENTS Made in this Office, between the isfcof January and 31st of December 
1823, connected with the new Road from Newmarket to Charleville, and from Newmarket to Abbeyfeale. 



Newmarket and Charleville Line : 

Forming, fencing and drakiing - - - - - 

Quarrying and drawing stone - - - 

Breaking stone - - - - - - • - - 

Mason work --------- 

Rent of store-houses ------- 

Clerks, overseers, paymasters, and storekeeper - - - 

Damages paid for quarries - - - - 

Newmarket and Abbeyfeale Line, — as far as Lot N° 3 : . 
Forming, fencing and draining ------ 

Quarrying and drawing stone ------ 

Breaking stone - - - - - - - 

Mason work 

Clerks and overseers ------- 

Sundry Expenses connected with both the above Roads : 

Timber ---------- 

Carpentery - -- ------- 

Iron-work - -- -- -- -- 

Carriage - - - - -- --- 

Rent.of store-houses ------- 

Stationery - -- -- -- -- 

Hospital and dispensary ------- 

Implements - -- -- -- -- 

Office in Newmarket, fuel, &c. ------ 

Mr. Henry Buck, assistant engineer, salary and expenses - 
- - D 0 - - for finding and keep of horse - - - 

Sundry expanses in repairing old road to Abbeyfeale - 
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£. s. 


d. 


1,671 s 




L 717 3 


- 


944 13 


4 


453 7 


11 z 


1 4 


— 


263 13 




36 9 


si 


699 13 


5k 


277 16' 


9 


87 19 


i° 1 


198 10 




133 15 


9 


191 17 


10 


350 4 


9 k 


494 16 


7 k 


41 16 




33 5 


— 


57 2 


2 


3 8 


3 


26 12 


10 i 


9 12 




295 15 


- 


59 3 


- 


31 14 


11 k 


1 



5,088 



d. 



L 397 16 



1 , 585.9 
(1 continued) 
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Abbeyfeale Office. 

GENERAL ABSTRACT OF PAYMENTS Made in this Office, between the 1st of January and 31st of December 
1823, connected with the Road from Abbeyfeale to Newmarket ; Abbey feale to Castle Island ; and Abbeyfeale to 
Newcastle. 



Abbeyfeale and Newmarket Line : 



Forming, fencing and draining 
Quarrying and drawing stone 
Breaking stone 
Mason work - - - 



Abbeyfeale to Castle Island Line : 
Forming, fencing and draining - 
Quarrying and drawing stone - 
Breaking stone ...... 

Mason work - - - - 



Abbeyfeale to Newcastle Line : 
Forming, fencing and draining - 
Quarrying and drawing stone - - - - 

Breaking -------- 

Mason work ------- 



£. s. 


d. 


1,537 12 


6£ 


606 10 


2 


132 18 


4 » 


17 17 


4 


560 11 


-J 


204 17 


5 i 


- 10 


10 


57 4 


2 


76 8 


10 


1 14 


6 


- 





Sundries : 



Carpentery, sawing, nails, &c. ------- 

Timber and carriage - -- -- -- - 

Smith work and ironmongery - - 

Stationery - -- -- -- -- - 

Working implements - -- -- -- - 

Horse work, carrying implements ------ 

Castle Island quarry - 

Feale bridge - 

Dar bridge - ------ ... 

Masonry, stone, lime, sand, &c. at Abbeyfeale - 
Rent, fuel, candles and furniture for public offices at ditto - - - 

Mr. Rich. Buck, assistant engineer, from 7th September to 31st December, 
including travelling expenses from Dublin to Abbeyfeale - - - 

- D° - - - for keep of horse same period, at 50/. per ann. 

John Kelly, assistant engineer, salary for the year 1823 ... 

- D° - - for keep of horse one year ------ 

- D° - - travelling expenses on various duties - - - - 

- D° - - chainmen and messengers for 1823 - - - - - 

Godfrey M'Garry, paymaster, book-keeper and store-keeper, from 

23d March to 31st December, 40 weeks and 3 days, at 1 J guinea per 
week ------ 

- D” - travelling expenses -------- 

John Henry Duffey, land surveyor, from 17th March to 10th October, at 

l £ guinea per week - - - - - - - - 

- D° - expenses on surveying road from Limerick to Tarbert, includ- 
ing staff and chainmen employed by him 

George H. Lynch, surveyor, including travelling expenses three times to 
Limerick, and staff and chainmen ------- 

Clerks, draughtsmen, overseers and sundry messengers - - . 
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Ballyvoomey Office. 

GENERAL ABSTRACT OF PAYMENTS Made in this Office, between the 1st January and 31st December 
1823, for Works executed on the Road between Gtenfesi in the county of Kerry , and Macroom in the county 
of Cork. 



County of Kerry, part of Glenfesk and Macroom Line : 
Forming and fencing -------- 

Mr. Duffey, overseer, surveying and laying out the above, including 
travelling expenses, from 12th October to 20th December 1823 - 

County of Cork, part of the above Line : 

Forming and fencing -------- 

Carpentery and carriage of implements 

John Leahy, overseer, salary and expenses, from 6th June to 31st 
December - -- -- -- -- -- 
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THE SOUTHERN DISTRICT OF IRELAND. 



Skibbereen Office. 

GENERAL ABSTRACT OF PAYMENTS Made in this Office, between the 1st of January and 31st -of 
December 1823, connected with the Road from Skibbereen to Crookhaven. 



Skibbereen and Crookhaven Line : 

Forming, fencing and draining 

Gullies 

Rock cutting - 

Gravelling - . ........ 

Masonry, retaining walls - 

D“ - bridges 

Timber and workmanship 

Iron and d® 

Carting 

Sundries, including labour, carriage of timber, messengers, &c. 

returns 
Overseers - 

Mr. Joseph Burke, resident engineer, salary and expenses') „ 0 
for one year - - - _ . . . _j£. 18912 

D“ for finding and keep of a horse - 59 3 



Payments made on sundry Accounts : 

Cash paid Mr. Hill Clements, for works executed by him on the road 

from Clonakilty to Ring 

D° paid him for works executed on the new road into the town of 
Bandon - 

Cash paid the Earl of Kingston, on account of a bridge built at the joint 
expense of himself and the public, on the road from the village of 

Union Heall to ltoscarberry 

D° paid d®, in repayment of advances made by him on account of the 
Union Heall Road ---- . 

D® paid Mr. James Jardine, for surveying and laying out the road from 
Macroom to Glenflesk, and other lines ------ 

D® paid Mr. John Leslie, on account of road from Timoleague to Court- 
massherry 

D* paid Eyre, Smith & Co. Sheffield, for ten dozen spades for road-making 

Freight and custom-house expenses to Cork for d° - 

Sundry measuring tapes for overseers of roads ----- 

Stamps for drafts on Bank of Ireland, receipts, &c. - 

Postage ofletters on public business for the year 1823 - 

Mr. George Fitz Patrick, for copying various accounts for the year 1823 



Total sum expended during the year 1823 ------- 

Sum received on all accounts - -- -- -- -- - 

Balance in hand on the 1st of January 1824, including the sum of 5,000/. reserved' 
for opening the new western entrance into the city of Cork - 



19,031 18 
2 9>3 2 ° 3 



(signed) Richard Griffith. 



Irish Office, London, 
25th May 1824. 



A true 
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